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Final work activities are taking place on the Lechmere 
Viaduct Rehabilitation Project under the Green 
Line Transformation (GLT) Program, as we prepare for 
service to resume later this month. Read more about 
our progress below 


Lechmere Viaduct Rehabilitation 


1,700 ft of Structural Renewal Underway (12 Spans) 
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Lechmere Viaduct Rehabilitation: Strengthen and preserve the 110-year-old viaduct to sustain heavier loads 
& increased capacity 


v This Week | Fare gates in Science Park station were rehabbed, and all fare machines were 
replaced 


¢ Lookahead | Crews will continue addressing punch list items and enhancing accessible egress at 
Science Park 


*Schedule subject to change with weather conditions and tn 
accordance with public health directives Page 1 of 1 
Project percentages represent the value of the installed work 
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